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BILL NO. S-75-06- 

SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving contracts with WAYNE ASPHALT 
& CONSTRUCTION for Resolution 5688-1975 


Resurfacing Program 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 


WAYNE, INDIANA: 


SECTION 1. That the contracts dated June 16, 1975, between the 


ity of Fort Wayne, by and through its Mayor and the Board of Public Works 
nd WAYNE ASPHALT & CONSTRUCTION CO., INC. for: 

Contract D - $62,900.05 

Resurfacing Leesburg Road from S/P/L Spring Street to a point 
340 feet ± northwesterly to the Norfolk and Western Railroad; 

Brooklyn Avenue from S/P/L Taylor Street to the north pavement 
line of Covington Road 

Contract E - $103,028.75 

Resurfacing Pettit Avenue from W/P/L Calhoun Street to E/P/L 
Fairfield Avenue, Calhoun Street from N/P/L Pettit Avenue to 
N/P/L Paulding Road 

Contract F - $55,067.00 

Resurfacing Pettit Avenue from W/P/L Anthony Boulevard to 
E/P/L Gaywood Drive 

Dr a total cost of $220,995.80, all as more particularly set forth in said contracts 
which are on file in the Office of the Board of Public Works, and are by refer¬ 
ence incorporated herein, made a part hereof and are hereby in all things 
ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



AWKjVED as to form 













Read the first time In full and on motion by , seconded by 


, and duly adopted, read the second time by title and referred 
to the Committee on _ ■',-aP4-t;id. .Cr,:v Plan 

Cofflmi-s^+e*^ Pubi 1 c Hearing to be held after due legal notice, 


at th'eTSIJnHTThambefs, City-County Building, Fort Wayne, Indiana, on 
the -—— —t rs:r\)T ~~ 


197 


at 


o ‘ cl 

Date: 4 ~~o? L /^ 7S'- 




Read the third time in full and on motion by_ 
seconded by , and duly adopted, placed on its passage. 


Passed 

by the fol 

TOTAL VOTES 

AYES 

0 

BURNS 

" x 

HINGA 


KRAUS 


MOSES 


NUCKOLS 


SCHMIDT, D. 

!7~ 

SCHMIDT, V. 


STIER 


TALARICO 


DATE: 



TO-WIT 


0 




^ CITY CLEJRK 

Passed and adopted by the Common Council of me City of Fort Wayne, Indiana, 


,197y3"T 


as ^y-^nTcrffeT ld?eneral-j- (Annexesion) (Special) rApp/opri ai. ton) Ordinance 
(-Rese+u-%ion} No. 7'/^S>■ o n th e .d ay of 

/ /} at A J¥ ST i (SEAL) ( / 

CJtTY CLERK . ' A ' ;T 


day of _ 


-2#— 


raroFFTcET 

Wayne, Indiana, on the 


m:,e.s.t. 




Approved and signed by me this 
at the hour of 



4 d ay o 
42 • -4LS o 1 cl ock V 'V > _M. S E 





































































S-75-06-28 


Vs, your Conanittea on 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
Public WorKS _ Co w h orn was referred an Ordinance 


approving contracts with WAYNE ASPHALT 8 CONSTRUCTION f ov /Resolution 5688^1275 

Resurfacing Program 


have had said Ordinance under consideration and beg leave to report back to the Co-acon 


Council that said Ordinance 


^0 


Winfield C. Moses, Jr. - Chairman 


Eugene 

Kraus, Jr. 

Vice-Chairma 

John N 

uchols 





William T. Hinga 


Donald J. Schmidt 



dat f7^2> 


MADE A MAT ! tR~OF~R£CORD 


CHARLES W. WESTERMAN, CITY CLERK 


































THE CITY OF FORT WAYNE 

board of public works 

May 27, 1975 


The Occam Council 
Fort Wayne, Indiana 


Gentleman and Mrs. Schmidt; 

Contracts have been awarded for the 1975 Street Resurfacing program as follows: 


Contract "A” 
Contract "B u 
Contract "C ft 
Contract ”D" 
Contract "E" 
Contract "F M 
Contract ”G n 


- Rieth-Riley Const. Co, 

- Rieth-Riley Const; Co, 

- Dailey Asphalt Products 

- Wayne Asphalt & Const, 

- Wayne Asphalt & Const. 

- Wayne Asphalt & Const. 

- Brooks Const. Co, 


$235,448,35 

78,875.85 

347,826,20 

62,900.05 

103,028.75 

55,067.00 

107,380,68 


Dur to the urgency for accomplishing these ixnprovsnents during this construction 
season and the need for contractors to incorporate this work in their jobs schedule, 
the Board respectfully requests 'Prior Approval” of these contracts. 


Upon preparation of the contracts and receipt of contractors' bonds, they will be 
forwarded for formal approval and Ordinance, 


Copies of bid tabulations and project involved are attached. 


Sincerely, 

BOARD OF PUBLIC WORKS 

Carl E. O'Neal, Member 

CE0:bt I 


Attachments 
cc: Mayor 
















PROJECT 1975 Resurfacing (Contract "D") 


BID ANALYSIS SHEET 


m 


OFFICE OF CITY ' ENGINEER' 


CONTRACTORS 


\ 0 ^ 

WAYNE 

CONSTRUC 

\S PI-1 ALT AND 
TJONCO., INC 

DAILEY ASPHALT 

PRODUCTS CO., IMG. 

HIPSKIND ASPHALT 
CORPORATION 

BROOKS D 
CO., I! 

OBSTRUCTION 

C, 

STREETS ALLEYS—SIDEWALKS 

QUAN UNIT MATERIAL 

T 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 
SID - 

2,766 

Sq.Yds. 


5.00 

13,830.00 

5.00 

13,830.30 

3.00 

8.298.00 

. 3.00 

R ,9QR.OO 

7.50 

20.745.00 ! 

941 


Hot Asphalt #9 Binder 

20.00 

18,820.00 

19.00 

17,879.00 

22.00 

gfl>7Q 3, nn 

21,00 

10,761.00 

18.00 

16,938.00 

532 

Tons 

Hot Asphalt #4 Binder 

20.00 

10,640.00 

•18.50 

-- 

9,842.00 

21.50 

11,438.00 

22.00 

11.704.00 

18.00 

9,576.00 J 

675 

Tons 

Hot Asphalt A-2 City Mix 

20.00 

13,500.00 

21.00 

14,175.00 

23.00 

15.525.00 

23.00 

.1.5>.5^QiL 

19.75 

13,331.25 ! 

1,985 



0.50 

992.50 

0.75 

1.488.75 

0.75 

L, 488.75- 

o.ro 

1,588.00 

0.75 

1,488.75 

17 

Each 

Water Valves Adjusted 

40.00 

680.00 

' 30.00 

510.00 

40.00 

680.00 

50.00 

R50.00 

45.0 

1 765.00 





2.700.00 

j- 

150.00 

4.050.00 

150.00 

4.050.00 

200.00 

5 f 400.00- 

155.00 

4,185.00 ; 

9 

Each 

M.H.'s Adjusted to Grade 

100.00 

900.00 

125.00 

1,125.00 

125.00 

1,125.00 

. 250.00 

.2,.2.50.,.00. 

. 125-JQQ 

1 f 125.00 



TOTALS 


* 69,069.50 


$ 62.900.05 


$ 63.306. ..75-. 


$ 65,376.00 


$ 68,154.00 






















Reqular 


Reaular ... 


LojilliionaJ— 







’ 


None. 


None 


Nonn 
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CONTRACT SSTeSSn" 


CITY PAID 

SUBJECT TO. COUSCILMANIC APPROVAL 
‘rellminary Meeting ___ 


Wm made and entered into this_Y_^__day c 

by and hetw^ n— -----WAYNE .ASPHALT AND CONSTRUCTION CfJ{, INC.. 


,19 .zr 


hereinafter called "Contractor” and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called "City,** under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled "An Act Concerning: Municipal Corporations,” approved March 6, 1S05, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agTees to im- 

Contract "D”, Res. No, 5688-75, by resurfacing Leesburg Road from S/p/L 

Spring Street to a point 340 feet ± northwesterly to the Norfolk and Western. 

Railroad; Brooklyn Avenue from S/p/L Taylor Street to the north pavement line 
of Covington Road. 

by grading and paving the roadway to a width o f_~~ feet with --— 

upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and'to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution Nn, 56S8-197o machaT tl t e-fetlswin g -erieeper lineal to o *" 1 — ---—•—*- 


at the following prices: 



Pavement removal 

Five dollars and no cents, per 
square yard 

5.00 

Hot asphalt #9 binder 

Nineteen dollars and no cents, 
per ton. 

19.00 

Hot asphalt #4 binder 

Eighteen dollars and fifty 
cents, per ton 

18.50 

Hot asphalt A-2 City Mix. 

Twenty one dollars and no cents, 
per ton 

21.00 

Liquid asphalt inck coat 

Seventy five cents, per gallon 

.75 

Water valves adjusted and 

"'.heir t<% /Ty . .p'T 

Thirty dollars and no cents, 
per each 

30.00 

/Catch basins adjusted and 
set to grade J 

One hundred fifty dollars and 
no cents, per each 

150.00 

Manholes to be adjusted" 
and set'to grade 

One Hundred twenty five dollars 
and no cents, per each 

125.00 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen’s 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 


A copy of General Ordinance Nov G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 




























The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according- to the terms.and conditions of Improvement Resolution No. 5688 -1975 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). « - . 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 
in accordance with Instrucflons to bidders 
and in all respects completed on or before—19__ X . and the Contractor agrees to pay and 
give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

— -.— -, 19.-until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the- 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the-, 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure.of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part of said work or material. ....... _ -. ■_ ..... . .. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and- care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect.or. fault of the said Contractor, its agents or employees, in . 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City, growing out of any such injury or damage.. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. • ~ 

IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this . 
day of ' HI _19_ 


WAYNE ASPHALT AND CQNSJRUCTICN CO., INC, 
B Y: (JL ' " 






/ ^Contractor, Party of the first Part. 


City of port Wayne, By and Through: 























GUARANTY BOND 


Hama All -Shn hg Ufytst l$rtatnta. That we --- -- - - 

■ ---WAYNE ASPHALT AND COM STRUCTIOM CO. , I NC .-- Crrn , r ^ n ^ ra 

as principal, ami UNITED STAT ES FIDELI TY AMD GU ARAN TY COM PAN Y of B/ffJTMCHF. ,MAT?VT am 
... ..'.~ ■ r ~ .as surety 

are held and firmly bound to the City of Fort Wayne, Indiana, in the sum nf Sixty Two Thousand 
Cine Hundred Dollars and Five Cents-- 


~ ~ ~ ~ ~ ~ ;- ($ 62 , 900 . 05 ) 

for the payment of -which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said - 

----—---WAYNE ASPHALT AMD CONSTRUCTION CO., INC.— : -- 


—day of_ 


enter into a contract with the City of Fort Wayne' to iconstraty'a 
-:---—LsiFavement 


X3SL. 


JSE£Xi£€fXfia Contra ct 


Rps, No."-h6RR-19'7n 3 


by resurfacing Leesburg Road from s/p/l Soring Street to a point 340 feet ± ’ " v 

northwesterly to the Norfolk and Western Railroad; Brooklyn Avenue from S/p/l ’’ 

Taylor Street to the north pave ment line of Covington Ro ad._ . ; 

-according to certain plans and. specifications, and • 


for a period of three (3) years 
also warnanting and guaranteeing the worl/ material and condition of the pavement thereof as provided 


in aforesaid contract and specifications. Now if the said ---.-- 

V/ A y ^,,.^PH^T | AND | CONSTRUCTION 00., IKC^shaU faithfully perform and fulfill all the require¬ 
ments of said warranty and guaranty, and make all repairs required under.said guarantee; and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 


WITNESS our hands and seals this. 


—day of— 


June r 1975 


' ” ' ‘ : JtAYNE’ ASPHALT AND COMBTRUCTION C0~ < 5M£t ^ 

YASTE^ZENT^S RYE^ING^ 7/A^ } , 

V1 - VNITSB^STATES FIDELITY ^%RANTY V.’> 






7 v 




Atrro/rney-in-fact \ 


-(SEAL) 


sJM Mte. C 


Board of Public Works. 



















































LIABILITY BOND 


lateaa All £Hm feg mi\mt That - 

' -WAYNE ASPHALT AND CONSTRU CT ION CO., I NC.- 

as principal, UNITED STATES FIDELITY AND GUARANTY COMPANY of BALTIf/iCRE, MARYLAND 


as surety, are held and firmly bound to the City of Fort .Wayne, Indiana, in the sum nf Sixty., l wo 

Thousand Mine Hundred Dollars and Five Cents—--—----"-------- 

for the payment -of which well and truly to be made we jointly and severally bind ourselves, our heirs, - 

executors, administrators and assigns firmly by these presents. 

rr~~ -—~— : ----- <3 62.900.05 ) 

The conditions of the above obligation are such, that if the above named party of the first cart shall 
faithfully comply with . the foregoing contract made and entered into the__ ' 


day o£_ 


.--- —— ■ ■ ' ■ , with the City o f Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions andcStipulations-therein contained,:except the warranty and guaranty of the pave¬ 
ment as to the Workmanship,'material and conditions for the period of three.(3)years, according to the 
true intent and meaning thereof in all respects, then, this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of-said work,-such extension-shall not in any:way release,the. sureties on this bond. ' ■ , 


WITNESS -our hands and s 


—day o£_ 


June, : 19 75- 



COMPLETED IN STREET ENGINEEENG OFFICE 

MAY"30, 1975. 














































, „v. WAGE SCALE 'CODE: S-SKILLED 

. ' i . • SS-SEHl SKILLED 

US-UNSKILLED . 

IF-INDUSTRIAL FUND 
' PW-PER WEEK 

W e th** undersigned committee, being appointed to prepare a schedule of the prevailing 
Vai-23 to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE PROJECTS TO BE AWARDED 
BY CONTRACT FOR THE BOARD OF WORKS, CITY OF FT. WAYNE, INDIANA DURING THE MONTHS OF APRIL., 

in compliance with the provisions of CHAPTER 319 of the acts of the GENERAL ASSEMBLY of 
INDIANA, 1935, have established a schedule as hereinafter set forth for the following trade; 
to wit; 




asbestos worker 

BOILERMAKER 

BRICKLAYER 

C Li PE N7ER (BUILD) 

(HIGHWAY) 

CEMENT MASON 
ELECTRICIAN 
ELEVATOR CONSTRUCTOR 

glazier 

IRON WORKER 

laborer 


(BUILDING) 
(HIGHWAY) 
(SEWER) 

LATHER 

MILLWRIGHT & PILSDRIVER 
OPERATING ENGINEER 


(BU ILDING) 
(HIGHWAY) 

(SEWER) 


PAINTER. 

PLASTERER 

PLUMBER a STEAMFITTER 
MOSAIC & TERRAZZO GRINDER 
ROOFER • 

SHEETMSTAL WORKER 


(BU ILDINC) 
(HIGHWAY) 


GLASS. 

S 


9.95 

35 c . 

- 

559 



3if. ... 

S 


10.05 

50 . 

1.00 


19 


5 


8.89 

30 

25 


1 


s 


8.31 ‘ 


6% 


4 

2if 

S' 


9.01 

47 

40 


5 

2if 

s 


8.30 

40 





s 


9.10 

30 

1%430 


4 


s 


8.77 

44V 

29 

n 

2 


s 


8, 24 

12 


2.5 

4 

359holidal 

s 


9.70 

55 

65 


1 


s-ss 

US 


5.95-6.25 

35 

30 . i 


7 


\S-US- 

Sss 

5.90-6,05 

35 

30 


7 


T-T’S- 

ss 

6.25-7.33 

35 

30 . 


7 

; 

S 


8.20 


25 


1 

3i£ .. 1 

s 


8,64 


6% 


4 

2i£ 

s-ss 

US 


6.75-9.15 

40 

40 


‘ 5 


S-SS- 

fu'S 

6.61-8,30 

. 30 

30 • 


; 5 


■s-ss-us 

7.07-9,27 

40 

40 


> . 5- 


s 


7.49-8.49 

32 ; 

25 


7 


s 


7.91 

40 




! 

s 


9.20 

30 

65 : 


7 

4if t 

S 


6.65-8.50 






S 


8.40 


10 




s 


9. 19 

35 H 

30 


. % ■ 

9 if ' 

S~SS 

US 


6.68-7.63 

16 ow 

17 pw 




S-SS- 

L'S 

6.56-7.16 

16 pw 

17pv 

I 



if any CLASS It it AUU® U’uuau m m 

.PAID. The above and forgoing shall shall be the minimum ^availing wage scale for this project 
as sat by the wage scale committee, but in no way shall it prevent the contractor or sub 
contractor from paying a higher rate of wages than set out in the schedule of wages on file. 


DATED THiS^je 


DAY OF 


19_; 


m 


LcU 


V‘iQ^ iC L 




REPRESENTING GOVERNOR, STATE OF INDIANA 
REPRESENTING' THE 'AWARD'.I1G- /GENT'. ' . y' .' " 























































CERTIFIED COPY 


GENERAL POWER OF ATTORNEY 

— — 83680 


tic all Men by these Presents: 

That UNITED STATES FIDELITY AND GUARANTY COMPANY, 
e of Maryland, and having its principal office at the City of Baltimore, u 


l corporation organized and existing under the laws of the 
the State of Maryland, does hereby constitute and appoint 


Lane I. Grile 


of the City of Fort Wayne 

its true and lawful attorney in and for the State 


, State of 

Indiana 


for the following purposes, to wit: '\ ^ A 

To sign its name as surety to, and to execute, seal and acknowledge any and all bonds, and to respectively do_ta<t/erfpnf»'an#:®tra v f 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITY- AND f GU Ail ANT Y 
COMPANY, a certified copy of which is hereto annexed and made a part of this Power of Attorney; and the saiRUlftTED S'S^tTESr 
FIDELITY AND GUARANTY COMPANY, through us, its Board of Directors, hereby ratifies and confirms all and'what soever the saidiV 


Lane I. Grile 




may lawfully do in the premises by virtue of these presents. 

In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to be 
sealed with its corporate seal, duly* attested by the signatures of its Vice-President and Assistant Secretary, this 19® day of 

April , A. D, 19 73 

UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(Signed) By. .<?a®es. A . .Mappus . 


Vice-President. 


(SEAL) 


(Signed) 


J ohn H. Aitken. 


Assistant Secretary. 


STATE OF MARYLAND, I 

BALTIMORE CITY, j S ®' 

On this 19® day of April , A. D. 19 73 before me personally came 

James A. Mappus , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 

COMPANY and John H„ A i tken , Assistant Secretary of said Company, with both of 

whom I am personally acquainted, who being by me severally duly sworn, said that they resided in the Gty of Baltimore, Maryland; 
that they, the said James A. Mappus and John H. Aitken were respectively 

the Vice-President and the Assistant Secretary of the said UNITED STATES FIDELITY AND GUARANTY COMPANY, the cor¬ 
poration described in and which executed the foregoing Power of Attorney; that they each knew the seal of said corporation; that the 
seal affixed to said Power of Attorney was such corporate seal, that it was so fixed by order of the Board of Directors of said corpora- 
tion, and that they signed their names thereto by like or^ as Vice-President and Assistant Secretary, respectively, of the Company. 
My commission expires the first day in July, A. D. 19......... 

(SEAL) (Signed) .® e . r . be . rt . . : J .*... Au . 11 . 

Notary Public. 

STATE OF MARYLAND 
BALTIMORE CITY, 

I, Robert H 


Set. 


r Court of Baltimore City, which Court is a 
, Esquire, before 
o doing a Notary Public of the 
w to administer oaths and take 


Bouse , Oerk of the Superior 

Court of Record, and has a seal, do hereby certify that Herbert J . AUXi 

whom the annexed affidavits were made, and who has thereto subscribed hi3 name, was at the time of s 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by la 
acknowledgments, or proof of deeds to be recorded therein. I further certify that I am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be his genuine signature^ - 

In Testimony Whereof, 1 hereto set my hand and affix the seal of the Superior Court of Baltimore Gty, the same being a Court 
of Record, this 19® day* of April , A. D. 19 73 

Robert H„ Bouse 

(SEAL) (Signed) .-...... 

Clerk of the Superior Court of Baltimore City. 

fs 3 (9-87) 


above and forgoing 


tax i 


LI it oreven 


t tha contractor or 









COPY OF RESOLUTION 


That Whereas, it is necessary for the effectual transaction of business that this Company appoint agents and attorneys with power 
and authority to act lor it and in its name in States other than Maryland, and in the Territories of the United States and in the Provinces 
of the Dominion of Canada and in the Colony of Newfoundland. 

Therefore, be it Resolved, that this Company do, and it hereby does, authorize and empower its President or either of its Vice- 
Presidents in conjunction with its Secretary or one of its Assistant Secretaries, under its corporate seal, to appoint any person or persons 
as attorney or attomeys-in-fact, or agent or agents of said Company, in its name and as its act, to execute and deliver any and all con¬ 
tracts guaranteeing the fidelity of persons holding positions of public or private trust, guaranteeing the performances of contracts other 
than insurance policies , nd executing or guaranteeing bonds and undertakings, required or permitted in all actions or proceedings, or 
by law allowed, and 

Also, in its name and as its attorney or attorneys-in-fact, or agent or agents to execute and guarantee the conditions of any and all 
bonds, recognizances, obligations, stipulations, undertakings or anything in the nature of either of the same, which are or may by law, 
municipal or otherwise, or by any Statute of the United States or of any State or Territory of the United States or of the Provinces of the 
Do mini on of Canada or of the Colony of Newfoundland, or by the rules, regulations, orders, customs, practice or discretion of any board, 
body, organization, office or officer, local, municipal or otherwise, be allowed, required or permitted to be executed, made, taken, given, 
tendered, accepted, filed or recorded for the security or protection of, by or for any person or persons, corporation, body, office, interest, 
municipality or other association or organization whatsoever, in any and all capacities whatsoever, conditioned for the doing or not doing 
of anything or any conditions which may be provided for in any such bond, recognizance, obligation, stipulation, or undertaking, or 
anything in the nature of either of the same. 

I, Richard Calder • , an Assistant Secretary of the UNITED STATES FIDELITY AND 

GUARANTY COMPANY, do hereby certify that the foregoing is a full, true and correct copy of the original power of attorney given 
by Mid Company to 

Lane I. Grile 


of Fort Wayne, Indiana , authorizing and empowering hint to sign bonds as therein set 

forth, which power of attorney has never been revoked and is still in full force and effect. 

And I do further certify that said Power of Attorney was given in pursuance of a resolution adopted at a regular meeting of the 
Board of Directors of said Company, duly called and held at the office of the Company in the City of Baltimore, on the Uth day of 
July, 1910, at which meeting a quorum of the Board of Directors was present, and that the foregoing is a true and correct copy of said 
resolution, and the whole thereof as recorded in the minutes of said meeting. 

In Testimony Whereof, I have hereunto set my hand and the seal of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY on 

(Date) June 5, 1975 



X. 





Contract (E) 


1975 Asphalt Resurfacing 


PROJECT 


| DATE 


5/14/75 


BID ANALYSIS ' SHEET 

RES. NO, 5688-1975 MATERIAL 




OFFICE OF CITY ENGINEER] 
FORT WAYNE INDIANA 


CONTRACTORS 

T 

uT 

Wayne Asphalt and 

Construction Co.,Inc. I 

Hipskind Asphalt Corp. 



STR 

QUAN 

EETS — 
UNIT 

- ALLEYS—SIDEWALKS 
...MATERIAL 

UNIT 

RID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

1426 

Sq. Yd. 

Pavement Removal 

5.00 

7,130.00 

5.00 

7,130.00 

3.00 

4,278.00 





1047 

ton 

Hot Asphalt #9 Binder 

20.00 

20,940.00 

19.00 

19,893.00 

19.00 

19,893.00 





1048 

ton 

Hot Asphalt A-2 City Mix 

20.00 

20,960.00 

21.00 

22,008.00 

20.00 

20,960.00- 





4175 

Ft. 

Curb Removal 

2100 

8,350 

3.00 

12,525.00 

3.00 

12,525.00 




• ' i 

3575 

L/F 

New 6" x 6" Curb on Hook 

5.00 

17,875.00 

3.50 

12,512.50 

7.00 

25,025.00 





600 

L/F 

New 6" x 18" Curb 

5.00 

3,000.00 ■ 

8.50 

5,100.00 

7.00 

4,200.00 




i 

27 

C.B’s 

Adjust & Set to Grade 

100.00 

2,700.00 

150.00 

4,050.00 

200.00 

5,400.00 




; t 

15 

M.H. 1 s 

Adjust & Set to Grade 

100.00 

1,500.00 

0.25.00 ' 

1,875.00 

175.00 

2,625.00 




] 

2727 

Gal. 

Liquid Asphalt Tack Coat 

0.50 

1,363.00 

0.75 

2,045.25 

0.60 

1,636.20 





180 

ton 

Top Soil 

10.00 

1,800.00 

12.50 

2,250.00 

10.00 

1,800.00 





1000 

Sq. Yd 

Mulching 5 Seeding & Fert. 1 

| 0.60 

600.00 

0.95 

950.00 

1.00 

1,000.00 





8300 

L/F 

Routing Join£ & Fill Asp. F: 

Her.'1.50' 

12.450.00 

1.50 

12,450.00 

1.00 

8,300.00 





8 

Each 

Water Valves Adj. 

40.00 

320.00 

30.00 

' 240.00 

40.00,, 

320.00 





| 













: 


TOTAL 


98,988.50 


103,028.75 


107,962.20 
























Regular 









DISCOUNT i 




None 


None 





| 






4% Over Est. 


















































I 

















































































CONTRACT 


CITY PAID 

SUBJECT TO COUNCILMANIC APPROVAL 

Preliminary Meeting _ 

Ratification ' _ ; __ 


OHpa Agmmntt 

by and between "" 


made and entered into this_ /& .day of_W—2^*^ 

-WAYNE ASPHALT AID CONSTRUCTION CO., INC, 


19/^ 


hereinafter called “Contractor” and the City of Fort Waynej Indiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im¬ 
prove- Cp ntract "E", Res. No. 5688-1975, by resurfacing Pettit Avenue from W/p/l 
C alhoun Street to E/p/L Fairfield Avenue, Calhoun Street from n/p/L P ettit Avenue 
to N/p/L Paulding Road. 


by grading and paving the roadway to a width of —~ feet with. 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution foll o wing - prieti pee-fewai. fae* -—— 


.at the following prices? 



Paveme nt r emo va1 

F|ve dollars and no cents, 
per square yard 

5.00 

Hot asphalt #9 binder 

Nineteen dollars and no cents, 
per ton 

19.00 

Hot asphalt A-2 City Mix 

Twenty one dollars and no 
: cents, per ton 

21.00 

Curb removal ... 

Three dollars and no certs, 

...per lindal foot L 

3.00 

New 6" x 6” curb on hocks 

Three dollars and fifty cents, 
per lineal foot 

3.50 

"Mew 6” x IS" curb 

Eight dollars and fifty cents, 
per lineal foot 

8.50 



































by grading and paving the roadway to a width of. 


.feet withJ 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution No. 5688-1975 md-at the followiug-nriea per lim i lI - 


,at the following prices: 


Pavement removal Fjve dollars and no cents, 5.00 

per square yard 

Hot asphalt #9 binder Nineteen dollars and no cents, 19.00 

per ton 

Hot asphalt A-2 City Mix Twenty one dollars and no 21.00 

cents, per ton 

Curb removal Three dollars and no certs, 3.00 

per lineal foot 

New 6" x 6" curb on hooks Three dollars and fifty cents, 3.50 

per lineal foot 

New 6" x 18" curb Eight dollars and fifty cents, 8.50 

per lineal foot 

Catch basins adjusted and One hundred fifty dollars and 150.00 

set to grade no cents, per each 

Manholes adjusted and set One hundred twenty five dollars 125.00 

to grade and no cents, per each 

Liquid asphalt tack coat Seventy five cents, .per gallon . .75 

Top soil Twelve dollars and fifty cents, 12.50 

per ton 

Mulching, seeding, and Ninety five cents, per square yard .95 

fertilizer 



Routing joint and fill One dollars and fifty cents, 1.50 

with asphalt filler per lineal foot 


Water valves adjusted and 
set to grade 


Thirty dollars and no cents, 30.00 

per each 


The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 

















% 


X, 

X 


The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution No.^lSS-_ 13.75 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). 


It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 
in accordance with instructions to bidders 
and in all respects completed on or beforeISLJrd and the Contractor agrees to pay and 
give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 


————-, 19-until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part or said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and. 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City,growing out of any such injury or(damage.. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this_ 


day of--...-, 19_ 

Y/AYK5 ASPHALT AND CONSTRUCTTOM fD.. TMC. 





















GUARANTY BOND 


iizuaw All fcg 01 ^rssevAa, That ^ 


-WAYNE ASPHALT AND CONSTRUCTION CO.. INC.- 


5 principal, UNITED STATES FID E LITY AND GUA RANTY COMPANY of BALTIMORE, MARYLAND 


. are held and firmly bound to the City of Fort Wayne, Indiana, in the sum nf One .Hund red Three 

Thousand Twenty Ei ght Dollars and Seventy Five Cents* --- —— - 

103,028.75 

- - ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said, 


-WAYNE ASPHALT AND CONSTRUCTION CO., INC*- 


—day o£_ 


., enter into a contract with the City of Fort Wayne,'to construct a 
___ '.J. O . < . Pavement 


by resurfacing Pettit Avenue from W/p/L Calhoun Street to E/p/L Fairfield Avenue, 

Calhoun Street from n/p/L Pettit Avenue t o N /p/L Paulding Road. _ ( , ■ '■ 


—according to certain plans and specifications, and 


for a period of three (3) years 
also warranting and guaranteeing the worl^ material and condition of the pavement thereof as provided 

in aforesaid contract and specifications. Now if the said. 


WAY NE ASPHALT AND CONSTRUCTION CO., I NC.- S h a ]i faithfully perform and fulfill all the require¬ 
ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. ‘ 


WITNESS om hands and seals this. 


_day of— 


June, 1975 


WAY NE ASPHALT AND CO NSTRU C TION CO.- 

tmp j» _ / / s') ^7 / 1 J 





, /r-.^ g ^^SSsEAL) 

JNITEK? STATES FIDELITY L&\ GUARANTY'. 


~S: ^ i 2(SEAE) 

' jrr? ^ney-in-fact '" HV> <' >} ) 

/£ yfe 


d(2- 


Board of Public Works. 


















































LIABILITY BOND 


Earner AH Mtn Bg Wnt&t pntgetsls, That 

-WAYNE ASPHALT AND CONSTRUCTION CO, INC. 


as principal, UNITED STATES FIDELITY AND GUARANTY COMPANY of BALTIMORE, MARYLAND 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of One Hundred ' 

Thr e e Thousand Twenty Eight dollars and Seventy Five cents - : -- 

for the payment of which well and truly to be mad e we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

.. .. , . 103,028.75 

- ---- . -- -- ($._J-....). 

The conditions of the above obligation are such, that if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the. 


day of_?_,________„__with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and condition s for the period of three.(3) years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void,' otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any w ay release the sureties on this bond. 


WITNESS our hands and seals this -„—i*- day of. 



COMPLETED IN STREET ENGINEERING OFFICE 
May 30, '1975 








































SS-SEMI SKILLED 
US-UNSKILLED 
IF-INDUSTRIAL FUND 
PW-PER WEEK 


thp undersLsned corffiiittae, being appointed to prepare a schedule of ths prevailing 
vaaas to be paid in connection with, ALL CONSTRUCTION AND >* AIKTENANCE PROJECTS TO 6E AWARDED 
bY CONTRACT FOR THE BOARD OF WORKS, CITY OF FT, WAYNE, INDIANA DURING THE MONTHS OF APRIL, 

-MAY ANteu'NE, ,„ ri . 

in compliance with the provisions of CHAPTER V 315 of the acts of the GENERAL ASSEMBLY of 
INDIANA, 1935, have established a schedule as hereinafter set forth for the following trades 
to wit; 


ASBESTOS,.-WORKER ; 
..BOILERMAKER , 
BRICKLAYER 
CARPENTER 


(BUILD IMS) 
(HIGHWAY) 


CEMENT MASON 

electrician 
ELEVATOR CONSTRUCTOR 
GLAZIER 
IRON WORKER 
LABORER 


(BUILDING) . 
(HIGHWAY) 
(SEWER) : 


LATHER 

MILLWRIGHT & PILEDRIVER 
OPERATING ENGINEER 


(BUILDING) 

(HIGHWAY) 

(SEWER) 


'PAINTER- 

plasterer 

: PLUMBER & STEAMFITTER 
MOSAIC & TERRAZ20 GRINDER 
ROOFER '■ - 

:;SHEETMETAL WORKER 


(BUILDING) 

(HIGHWAY) 


p*6SS. 

S 


9.95 C V 

-- 

35C. 

55C 

r mv.. r 

-dAiL. — 

-O-i-LHiW __ 

3if 

S 


10,05 

50 

1.00 .. 


1C 


S 


8,89 

30 

25 . : 


1 


S 


8.31 ■ 


6 % 


4 


s 


5.01 

.-- .. 

40 


5 

L-Sii 

s 


8.30 

40 





s 


9. 10 

30 

17430. 


4 


s 


8.77 

^ .. 

29 

7% 

2 


s 


8.24 

12. .. 


25 

4 

35CholidaV 

s 


9.70 

55 

65 


1 


hr 


5.95-6,25 

35 

30 ... 


2 


S-iLS- 

ss 

5.90-6.05 

35 . 

B0 


7 


'A-IIS- 

ss 

6.25-7.33 

35 

30, 


J 


S 


8,20 


25 . 


1 J 

3 if 

s 


8.64 


6% 


4 

2if 

s-ss 

US 


6.-75-5.15 

40 

40 - " 


5 


gTss: 

US 

6.61-8,30 


30 .1 




Is-ss- 

US 

f ' ' 7. 0 7 - 9 . "27 

40 

40 


2 


s 


7.49-8.49 - 

32 

'25- 7 . 


y. 


s 


7.91 

40 





s 


9. 23 I 

30 

65 


X 

4if 

s 


-6.65-8,5#:;: 






s 


8.40 


. 10 




s 


9. 19 

' 35 

30 


4 5 

9 if 

s~ss 

u$‘ 


6.63-7.63 : 

; 

'' 17 nw 




s-ss- 

us” 

' 6.55-7.16. 

16 pw 

. I7pw 


_ 



PAID. The above and forgoing shall shall be; the .minimus prevailing wage scale for thin project 
-as 3at by the wage-scale committee, but in nq way ahaLi;it prevent the contractor or sub - ; 

contractor from paying a higher rate of wages than sat out in the schedule of wages on file, 

J v- U# _ 

?E33.ESENTLEG GOVERNOR, SIAlE Oi INDIANA 


~-DATED THIS DAY OF . 


19 , 


„-«sc,#> 

- ’* . , "'.T\ - 

' -- ~ 5 d 


PI® 




:) 

li i. 


REPRESENTING' THE -AWARD LUG /GENT. 

. ‘h r- 

REPRESENTING STATE A.r.L. f G.I.O. 





















































CERTIFIED COPY 


GENERAL POWER OF ATTORNEY 

83680 


Know all Men by these Presents: 

That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the. 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland, does hereby constitute and appoint 


Lane X. Grile 


of the City of Fort Wayne 

its true and lawful attorney in and for the State 


of 


, State of 

Indiana 


for the following purposes, to wit: N \ 

To sign its name as surety to, and to execute, seal and acknowledge any and all bonds, and to respectively do aitd/pedqrn»Uay ; .&rt<i, ' 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITy ‘. ANO'"-GUAKANTY< , ■ 
COMPANY, a certified copy of which is hereto annexed and made a part of this Power of Attorney;, and the saidl.IB^ITE|^(SPATES■>/ 
FIDELITY AND GUARANTY COMPANY, through us,; its Board of Directors, hereby ratifies and confirms all andywfiatsoever the said.”/ 


Lane I. Grile 


'‘'ft , 


/ , 


may lawfully do in the premises by virtue of these presents. 

In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to he 
sealed with its corporate seal, duly attested by the signatures of its Vice-President and Assistant Secretary, this 191* day of 

April , A. D. 19 73 

UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(Signed) 


By .. James . A.. _ Mappus _ 


(SEAL) 


John H, Aitken 


Assistant Secretary: 


STATE OF MARYLAND, I 

BALTIMORE CITY, / 

On this 19& day of April , A. D. 19 73 before me personally came 

James A . Mappus , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 

COMPANY and John H. Aitken , Assistant Secretary of said Company, with both of 

whom I am personally acquainted, who being by me severally duly sworn, said that they resided in the Gty of Baltimore, Maryland; 
that they, the said James A. MappUS and John H. Aitken were respectively 

the Vice-President and the Assistant Secretary of the said UNITED STATES FIDELITY AND GUARANTY COMPANY, the cor¬ 
poration described in and which executed the foregoing Power of Attorney; that they each knew the seal of said corporation; that the 
seal affixed to said Power of Attorney was such corporate seal, that it was so fixed by order of the §oard of Directors of said corpora¬ 
tion, and that they signed their names thereto by like orfej as Vice-President and Assistant Secretary, respectively, of the Company. 
My commission expires the first day in July, A. D. 19... 

(SEAL) (Signed) ..? le . r . be . rt . . u.". . 

Notary Public. 

STATE OF MARYLAND Y 

BALTIMORE CITY, J Ct ' 

I Robert H. Bouse , Clerk of theSuperior Court of Baltimore City, which Court is a 

Court of Record, and has a’seal, do hereby certify that Herbert J . Aull , Esquire, before 

whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oaths and take 
acknowledgments, or proof of deeds to be recorded therein. I further certify that I am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be his genuine signature. 

tf the Superior Court of Baltimore City, the same being a Court 
, A. D. 19 73 
Robert H „ Bouse 

(SEAL) (Signed) ......-........ 

Clerk of the Superior Court of Baltimore City. 

fS 3 0-87) - ZzL" 


In Testimony Whereof, I hereto -a 
of Record, this 1 QH* day of 


t my hand and affix the seal o 

April 


Tha above and forgoing shall shall be the minimum ^availing waga^scate 


1 or cos3 proj 








COPy OF RESOLUTION 


. That Whereas, it is necessary for the effectual transaction of business that this Company appoint agents and attorneys with power 
and authority to act for it and in its name in States other than Maryland, and in the Territories of the United States and in the Provinces 
of the Dominion of Canada and in the Colony of Newfoundland, 

Therefore, be it Resolved, that this Company do, and it hereby does, authorize and empower its President or either of its Vice- 
Presidents in conjunction with its Secretary or one of its Assistant Secretaries, under its corporate seal, to appoint any person or persons 
as attorney or attorneys-in-fact, or agent or agents of said Company, in its name and as its act, to execute and deliver any and all con¬ 
tracts guaranteeing the fidelity of persons holding positions of public or private trust, guaranteeing the performances of contracts other 
than insurance policies ^nd executing or guaranteeing bonds and undertakings, required or permitted in all actions or proceedings, or 
by law allowed, and 

Also, in its name and as its attorney or attorneys-in-fact, or agent or agents to execute and guarantee the conditions of any and all 
bonds, recognizances, obligations, stipulations, undertakings or anything in the nature of either of the same, w'hich are or may by law, 
municipal or otherwise, or by any Statute of the United States or of any State or Territory’ of the United States or of the Provinces of the 
Dominion of Canada or of the Colony of Newfoundland, or by the rules, regulations, orders, customs, practice or discretion of any board, 
body, organization, office or officer, local, municipal or otherwise, be allowed, required or permitted to be executed, made, taken, given, 
tendered, accepted, filed or recorded for the security or protection of, by or for any person or persons, corporation, body, office, interest, 
municipality or other association or organization whatsoever, in any and all capacities whatsoever, conditioned for the doing or not doing 
of anything or any conditions which may be, provided for in any such bond, recognizance, obligation, stipulation, or undertaking, or 
anything in the nature of either of the same. 

I, Richard Calder - an Assistant Secretary of the UNITED STATES FIDELITY AND 

GUARANTY COMPANY, do hereby certify that the foregoing is a full, true and correct copy of the original power of attorney given 
by said Company to 

Lane I. Grile 


of Fort Wayne, Indiana , authorizing and empowering him to sign bonds as therein set 

forth, which power of attorney has never been revoked and is still in full force and effect. 

And I do further certify that said Power of Attorney was given in pursuance of a resolution adopted at a regular meeting of the 
Board of Directors of said Company, duly called and held at the office of the Company in the City of Baltimore, on the 11th day of 
July, 1910, at which meeting a quorum of the Board of Directors was present, and that the foregoing is a true and correct copy of said 
resolution, and the whole thereof as recorded in the minutes of said meeting. 

In Testimony Whereof, I have hereunto set my hand and the seal of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY on 

(Date) June 5, 19 75 






P R0 J E_C T" 1975 Resurfacing (Contract "F'P 
DATE 


BID 


A N A LY 31S 


S H E E c 


OFFICE OF CITY ENGINEER- 


MATERIAL 


CONTRACTORS 

1 .A 

.cT 

V" 

WAYNE ASPHALT AND 
CONSTRUCTION CO., INC 

HIPSKIND ASPHALT 
CORPORATION 

BROOKS CONSTRUCTION 
CO.. INC. 


STR 

DUAN 

EETS — 
UNIT 

- ALLEYS—SIDEWALKS 
MATERIAL 


UNIT 

RID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID . J. 

3,996 

Sc.Yds. 

Pavement Removal 

5.00 

19,980.00 

5.00 

19,980.00 

4.00 

15,984.00 

7.50 

29,970.00 



800 

Lin.Ft. 

Curb Removal 

2.00 

1,600.00 

3.00 

2,400.00 

3.00 

2,400.00 

1.70 

1,360.00 



800 

Lin.Ft. 

New 6" x 6" Curb 

5.00 

4,000.00 

3.50 

2,800.00 

6.00 

4,800.00 

2.80 

2,240.00 



757 

Tons 

Hot Asphalt #9 Binder 

20.00 

15,140.00 

19.00 

14,383.00 

21.00 

• 15,897.00 

18.00 

13,626.00 



418 

Tons 

Hot Asohalt A-2 City Mix 

20.00 

8,360.00 

21.00 

8,778.00 

22.00 ! 

9,196.00 

19.75 

8,255.50 



10 

Hash 

M.H.'s Adjusted to Grade 

100.00 

1,000.00 

' 125.00 

1,250.00 

250.00 

2,500.00 

125.00 

1,250.00 



20 

Each 

C.B.'s Adjusted to Grade 

100.00 

2,000.00 

150.00 

3,000.00 

200.00 

4,000.00 

155.00 

3,100.00 



10 

Each 

Water Valves Adjusted 

40.00 

400.00 

V 30.00 

300.00 

50.00 

500.00 

45.00 

450.00 



1 

Each 

New Standard Inlet 

400.00 

400.00 

750.00 

750.00 

500.00- 

500.00 

700.00 

700.00 



1,100 

Gals. 

Liquid Asphalt Tack Coat 

0.50 

550.00 

0.75 

825.00 

0.80 

880.00 

0.75 

825.00 



90 

Sq.Yds. 

Seed, Mulching E Fertilizer 

0.60 

54.00 

1.50 

135.00 

5.00 

450.00 

2.10 

189.00 



25 

Tons 

Dirt Backfill 

10.00 

250.00 

10.00 

■ 250.00 

10.00 

250.00 

12.00 

300.00 



12 

Lin.Ft. 

12" R.C.P. Cl. IV 

14.00 

168.00 

18.00 

’216.00 

30.00 

* 360.00 

15.00 

180.00 


! 













I 



TOTALS 


$ 58.902.00 


. $ 55.067.00 


$ 57,717.00 


$ 62,445.50 


1 







Reqular 


Reaular 


Conditional 


| 



DISCOUNT 




None 


None 


None 


1 




















2% Over 






| 













! 













| 













1 
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CITY PAID 

SUBJECT TO COUNCILMANIC APPROVAL 

CONTRACT Ratification ■ _ 




H|tB Agmmmi made and entered into this. -day of__ 

HyatiHKetw^n -—WAYNE ASPHALT AND CONSTRUCTION CO., INC.- 


9 2T 


hereinafter called Contractor” and the City of Fort WaypejTndiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendatory 
and supplementary acts thereto, WITNESSETH : That the Contractor covenants and agrees to im- 

proveContract "F", Res. Ho. 568R-1 97.5, by resurfacing Pettit Avenue from W/p/L 

Anthony Boulevard to E/p/L Gaywood Drive. 


by grading and paving the roadway to a width o f...: - with- 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution NoJ ^ . 9 ? . ~ 1975 amd-at the Ldl u wia - g arke-ee r iin. - a: - - 


at the following prices: 



Pavement removal 

Five dollars and no cents, 
per square yard 

5.00 

Curb removal 

Three dollars and no cents, 
per lineal foot 

' 3.00 

6" x 6" curb 

Three dollars and fifty cents, 
per lineal foot 

3.50 

.‘Hot asphalt #9 binder 

Nineteen dollars and no cents, 
per ton 

19.00 

Hot asphalt A-2 City Mix 

.Twenty one dollars and no cents, 
per ton 

21.00 

Manholes adjusted and 
sot 'to .grade 

One hundred twenty five dollars 
and no cents, per each ■ 

.125.00 



































by grading and paving the roadway to a width o L 


.feet with. 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution No.^ § . §zl2Zg .. -and-at the f o llo wing p ric e-.pe e li n eal --- 


at the following prices: 



^lavement removal 

Five dollars and no cents, 
per square yard 

5.00 

Curb removal 

Three dollars and no cents, 
per lineal foot 

3.00 

6” x 6" curb 

Three dollars and fifty cents, 
per lineal foot 

3.50 

Rot asphalt #9 binder 

Nineteen dollars and no cents, 
per ton 

19.00 

' : Hot asphalt -%-2 City .Mix. 

Twenty one dollars and no cents, 
per ton 

21.00 

: 'ifanholes adjusted and 
set. b© grade 

'One hundred twenty five dollars 
and no cents, per each 

125.00 

■ Catch basins adjusted ' 

.and set to grad 1 © ■ 

One hundred fifty dollars and 
no cents, per each 

150.00 

Sa ter valv©$ adjusted 
and set to grade , , „ 

Thirty dollars and no cents, 
per each 

30.00 

w New standard iufisfc 

: 'V Seven hundred fifty dollars and 
■ no each . ; . 

750.00 

■ tJc^Sf^’drsphalt tack coat 

.-Seventy.five cents, per gallon 

■ SiiH 

Seeding, mulching,, & 
fertilizer , 

One dollar andjrifty cents, per 
■ square yard ' "Osjog:y'-ySyS-fN- 

1,50 

Dirt backfill 

Ten dollars and no cents, per ton 

10.00 

12” R.C.P., Class IV 

Eighteen dollars and no cents, 
per lineal foot 

18.00 


The Contractor will furnish immediately a certificate from the Industrial Board of 1 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated 
Statutes, Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII}. 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment, 
under municipal contracts, is attached and incorporated herein by reference. 
















The Contractor hereby expressly agrees to perform all the work in the prosecution o£ the above 
described improvement according to the terms and conditions of Improvement Resolution No.-56SR=.19.75 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). 


It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 
in accordance with instructions to bidders 

and in all respects completed on or before. Octob er 1_ > 19.„75 and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

-— . . . _, 19_until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any. conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even pritna facie 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part o? said work or material. 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect .or. fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City.growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this. 


day of-, 19_ 

WAYNE ASPHALT AND CONSTRUCTION CO., INC. 





CarY ATT05HSEY 



















GUARANTY BOND 


AS® All Hl»it fag ®!|£2f $LWBtttta, That 1 


-WAYNE ASPHALT AND CONSTRUCTION CO., INC.- 


ZZZ_Contractors 

as principal, and UNITED STATES FIDELITY AND GUA RANTY C OMPANY of BALTIMORE ? MARYLAND 
".ZZZZZZZZZZZZZ^ "Z 7Z ZZ~ ~ "~. ZZTTTTITr.ZT.ZZLZr-Lr.~LZL~-TLTLTZ_LLZr-Lr.LTZLILLTZL.as surety 

are held and firmly bound to the City of Fort Wayne, Indiana, in the sum nf Fifty Five 
Thousand Sixty Seven Dollars and No Cents----- 


zrzn ~ (.f 55.o67.oo ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said --;-- 


-WAYNE ASPHALT AND CONSTRUCTION CO., INC.--V 


_day o£_ 


., enter into a contract with the City of Fort Wayne ; to : construct a 
-----Pavement 


30«_.............u_ Contract »F» . Res. No. 5688-1975. 

by resurfacing Pettit Avenue from W/p/L Anthony Boulevard to E/p/L Gay wood Drive." 


...according to certain plans and specifications, and 

for a period of three (3) years 

also warranting and guaranteeing the wor^ material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the 

t ^c.- sha! j faithfully perform and fulfill all the require¬ 
ments of said warranty and guaranty, and make, all repairs required under, said guarantee, andj in the 
manner provided for, then this bond to be null and void, otherwise to be in full force and effect. 

WITNESS our hands and seals this_iL . . .day of_ June 7 1975 _ , .• 

WAYNE ASPHALT AND CONSTRUCTION CG./qSAV 
FASTER ZENT.. & RYE , INCL^ ^ TZZ /7 _ “^pLLL-- } ■ ' 

U FIDELITY &-GJJARANTY 

' : rcSTCTZCTT-K-TT™ . ' 

v Appfoved^lhis.--day of.__YYY Y ' '''.'u • ' ’ 

v. . . Y <7 u x T1'' 


Board of Public Works. 






















































LIABILITY BOND 


ICmmt AH. Mm feg Whm; P^nnmU, That we~r.rjirr.- -zr - ~ ~ -- --- - --- 

--WAYNE ASPHALT AND CONSTRUCTION CO., INC.' 


as principal, =-r,H UNITED STATES FIDELITY AND G U ARANTY COMPANY of BALTIMORE.'. FAR VL AND 


as surety, are held and firmly bound to the City of F ort Wayne, Indiana, in the sum of JEjJLiX-Eive_ 

Thousand Sixty Seven Dollars and No Cents---— 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by th ese presents. 


-——----- ($ 55,067.00 ) 

The conditions of the above obligation are such, t hat if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the_ 


day of--, with the City o f Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and conditions for the period of three.(3)years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any w ay release the sureties on this bond. 


WITNESS our hands and seals this_ 


5 


day of_ 


June, 1975 



Board of Public Works. 

COMPLETED IN STREET ENGINEERING OFFICE 


May-30, T975 




































SS-SEMI SKILLED 
US-UNSKILLED 
. IF-INDUSTRIAL FUND 
PW-PER WEEK 


schedule as hereinafter set forth for the following trades 


Vie th" undersigned committee, balng appointed to prepare a schedule of the prevailing 
vales to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE PROJECTS TO HE AWARDED 
THE’ HOARD OF WORKS, CITY‘OF FT. WAY BE, INDIANA; DURING THE MoNTiS OF APRIL, 

in’compliance with’the provisions of CHAPTER # 319 of the acts of the GENERAL ASSEMBLY of ^ 
INDIANA, 1935, have establisha 

TRADES 0?. QCOldSlI&N 

..ASBESTOS WORKER . : . 

BG1LERMAKER 
BRICKLAYER 
CARPENTER 


(BUILDING) 

(HIGHWAY) 


CEMENT MASON 
ELECTRICIAN 
ELEVATOR CONSTRUCTOR 
GLAZIER 
IRON WORKER 

LABORER : (BUILDING) 

(HIGHWAY) 
(SEWER) 

LATH SR 

MILLWRIGHT & PILSDRIVER 
OPERATING ENGINEER 


(BUILDING) 

(HIGHWAY) 

(SEWER). 


’’PAINTER . S 
PLASTERER 

.PLUMBER G STEAMFITTER 
MOSAIC & TERRAZZO GRINDER 
ROOFER 

.shestmstal worker .. 
TEAMSTER ' 


(BUILDING) 

(HIGHWAY) 


CT.ASS 

S 


9.95 

.. t.v.w 

35C. 

55C 


Jjf-iiu - 

-Iff 

s 


10.05 

50 . 

1.00 


1C 


S 


8.89 

30 

25 


1 


s 


8.31 ’ 


6% 


4 ' ; 

.2if V 

”"5~ H 


9.01 

“11- 

40 


_ 

LJii-J 

s 


8,30 

40 





s 


9.10 

30 

17)30 


4 


s 


8.77 

44% 

29 

7% 

2 


s 


8.24 

12 


25 

* 

35Cholidal 

s 


9.70 

55 

65 


1 

_-_ |j 

S-SS 

US 


5,95-6.25 

35 

30 - 


' 7 


k TIS- 

SS 

5.90-6.05 

35 

30 


7 

\ 

g ns~ 

SS 

6.25-7.33 

35 

30 


2. 

_; 

s 


8.20 


25 


l 

3if ! 

s 


8.64 Dill | 


6% 


4 j 

2ic 

S-SS 

US 

L— 

6.75-9.15 

40 

40 


i 

" 5 




■6.61-8.30 

. 30 

'30 ■' 


:5 


S-SS- 

US . 

7.07-9.27 

40 

40 


■.36,1' 


s 


7.49-S.49 

32 

25 


7 


S 


7.91 

40 




1 

s 


9.20 

30 

65 11 


7 

4tf i 

s 


6.65-8.50 : 






s 


8.40 , | 

10 




s 


: 9, T9 1 

Si!l 

30,1 


4 

9if 

S-SS 

US 


! &.6S-7.63 

l6ow 

i?ow 




S-SS- 

W— 

6.56-7.16 

16pw 

I7pw 



— 


If any CLASSIFICATIONS ARE (- - 

PAID.' above and forgoing, shall shall be: thfi minimua prevailing wage scaLe for this proja 

S3 ant by the wage seal a committee, hut In no way shall it prevent the ContractoC or .sub 
contractor from paying a higher rate of wages than set out in the schedule of wages on file. 

MS a,,. S.’i5: 


.DATED THI S.L»Ai DAY OF , 


19 _2 


, f - 


REPRESENTING GOVERNOR, Si ATE Oi INDIANA 

/ ), 

5j /f ■: :.pry ,’ , ~ : - , g^7./p.:,',.;: 

'REPRESENTING'THE AWARD TNG AGENT. 


































































CERTIFIED COPY 


GENERAL POWER OF ATTORNEY 

.. 83680 


Know all Men by these Presents: 

That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland, does hereby constitute and appoint 

Lane I. Grile 


of the City of Fort Wayne 

its true and lawful attorney in and for the State 


for the following purposes, to i 


all acts and things set forth 
COMPANY, a certified copy 


FIDELITY AND GUARANTY COMPANY, through us. 


sty to, and to execute, seal and acknowledge any and all bonds, and to respectively do Wdf perform any and ■ 
n the resolution of the Board of Directors of the said UNITED STATES FIDELITY GUARANTY.' 

*f which is hereto annexed and made a part of this Power of Attorney; and the saidrTINITEB 1 STATES ' 
Board of Directors, hereby ratifies and confirms all and whatsoever the said 

Lane I. Grile 


may lawfully do in the premises by virtue of these presents. 

In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to be 
sealed with its corporate seal, duly attested by the signatures of its Vice-President and Assistant Secretary, this 19— day of 

April , A. D. 19 73 

UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(Signed) 

(Signed) 


James. A .. Mappus.. 


John H. Aitken 


Assistant Secretary. 


STATE OF MARYLAND, ] 

BALTIMORE CITY, / 

On this lQlh day of April » A. D. 19 73 before me personally came 

James A. Mappus , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 

COMPANY and John H. Aitken , Assistant Secretary of said Company, with both of 

whom I am personally acquainted, who being by me severally duly sworn, said that they resided in the City of Baltimore, Maryland; 
that they the said James A. Mappus and John H. Aitken were respectively 

the Vice-President and the Assistant Secretary of the said UNITED STATES FIDELITY AND GUARANTY COMPANY, the cor¬ 
poration described in and which executed the foregoing Power of Attorney; that they each knew thp seal of said corporation; that the 

seal affixed to said Power of Attorney was such corporate seal that it was so fixed by order of the Board of Directors of said corpora¬ 

tion, and that they signed their names thereto by like org^j as Vice-President and Assistant Secretary, respectively, of the Company. 
My commission expires the first day in July, A. D. 19.. 

(SEAL) (Signed) .? Ie . r . be . rt ... J .*... Au . 1 . 1 . 

Notary Public.' 

STATE OF MARYLAND ) 

V 1 'Set. ■ - . - 

BALTIMORE CITY, ) 

I Robert. H . Bouse , Clerk of the Superior Court of Baltimore City, which Court is a 

Court of Record, and has a*seal do hereby certify that Herbert J, Aull . Esquire, before 

whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary- Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oaths and take 

acknowledgments, or proof of deeds to be recorded therein. I further certify that I am acquainted with the handwriting of the said 

Notary, and verily believe the signature to be his genuine signature. 

In Testimony Whereof, I hereto set my hand and affix the seal of the Superior Court of Baltimore Gty, the same being a Court 
of Record, this 19th day of April , A. D. 19 73 

Robert H. Bouse 

(SEAL) (Signed) ......--••••..••• 

Clerk of the Superior Court of Baltimore City. 


above and forgoing, snail 


revent the contraotor: or 









COPY OF RESOLUTION 


That Whereas, it is necessary for the effectual transaction of business that this Company appoint agents and attorneys with power 
and authority to act for it and in its name in States other than Maryland, and in the Territories of the Unitea States and in the Provinces 
of the Dominion of Canada and in the Colony of Newfoundland, 

Therefore , be it Resolved, that this Company do, and it hereby does, authorize and empower its President or either of its Vice- 
Presidents in conjunction with its Secretary or one of its Assistant Secretaries, under its corporate seal, to appoint any person or persons 
as attorney or atlorneys-in-fact, or agent or agents of said Company, in its name and as its act, to execute and deliver any and all con¬ 
tracts guaranteeing the fidelity of persons holding positions of public or private trust, guaranteeing the performances of contracts other 
than insurance policies , nd executing or guaranteeing bonds and undertakings, required or permitted in all actions or proceedings, or 
by law allowed, and 

Also, in its name and as its attorney or attorneys-in-fact, or agent or agents to execute and guarantee the conditions of any and all 
bonds, recognizances, obligations, stipulations, undertakings or anything in the nature of either of the same, which are or may by law, 
municipal or otherwise, or by any Statute of the United States or of any State or Territory of the United States or of the Provinces of the 
Dominion of Canada or of the Colony of Newfoundland, or hy the rules, regulations, orders, customs, practice or discretion of any board, 
body, orga niza tion, office or officer, local, municipal or otherwise, be allowed, required or permitted to be executed, made, taken, given, 
tendered, accepted, filed or recorded for the security or protection of, by or for any person or persons, corporation, body, office, interest, 
municipality or other association or organize Lion, whatsoever, in any and all capacities whatsoever, conditioned for the doing or not doing 
of anything or any conditions which may he provided for in any such bond, recognizance, obligation, stipulation, or undertaking, or 
anything in the nature of either of the same. , 

: l, Richard Calder > an Assistant Secretary of the UNITED STATES FIDELITY AND 

GUARANTY COMPANY, do hereby certify that the foregoing is a full, true and correct copy of the original power of attorney given 
by said Company to - 

Lane I- Grile 


of Fort Wayne, Indiana , , authorizing and empowering him to sign bonds as therein set 

forth, which power of attorney has never been revoked and is still in full force and effect. 

And I do further certify that said Power of Attorney was given in pursuance of a resolution adopted at a regular meeting of tbe 
Board of Directors of said Company, duly called and held at the office of the Company in the City of Baltimore, on the Uth day of 
July, 1910, at which meeting a quorum of the Board of Directors was present, and that the foregoing is a true and correct copy of said 
resolution, and the whole thereof as recorded in the minutes of said meeting. 

In Testimony Whereof, I have hereunto set my hand and the seal of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY on ' June 5, ‘1975 

(Date) v 






DIGEST SHEET 


v/ 

TITLE OF ORDINANCE Special Ordinance __ - 7^"7 -J^^ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works ___ 

SYNOPSIS OF ORDINANCE Cov ers contracts with Wayne Asphalt & Construction in amoun t 
of $62,900.05 for Contract D, $103,028,75 for Contract E and $55,067,00 for Contra ct 
F. Resolution 5688-1975. 1975 Resurfacing program. _ ; _.- 


SEE "PRIOR APPROVAL". BID TABULATIONS AND CONTRACTS ATTACHED 


EFFECT OF PASSAGE 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) 


qqo.cAs.qiiO 


ASSIGNED TO COMMITTEE 









































